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The following data on X9$2 railroad construction projects 
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If . Urgent projects on the status of which monthly reports r/ill have to bo submitted 
to trie Ministry of Traffic includes 


Type of Project 


u,» Berlin railroad district* 
Replacement of trackage and snitches 
Grossbesren^eddin line A . re c<mn tract lor 
of second track 

Soddir/-»Bolsig line* reconstruction of 
second track 


J uetarbog^Gros sheer on line 5 recoi>- 
struct ion of second track 

Bridge across the Oder River in , 
Etankfur* 1 /Oder 

Bridge across the Oder River in Kue sir in- 

Bridge across the Havel River in Border 

Overhaul of trackage and replacement 
of ties in the district 


To Re Completed Estimated 

by Cost in 1*000 

Zastxrarks 


end of 1952 2^01*0 

31 Deconber 19T1 5*7*0 

a) 

31 December 1952 5«600 

( 2 ) 

31 December 1952 13,000 

( 2 ) 

21 December 1952 2,575 (3) 

21 December 1952 1-163 

(3) 

15 f ugust 1952 500 

(h) 

and of 1252 2 ,.010 


l 


STATE 

— 

NAVY . 1 

army q 


Ji j 


CLASSIFICATION 3ECH3T/j_ 


S hsrb ! . j 


DISTRIBUTION 
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b 0 Cottbus railroad districtc 
Replacement of trackage and switches 
in the district 

Guben=*Fa Ikenber q 3 re cons tract ion 
of second track 

f Jstex^erda-'Iiuhland line* recon- 
struction of second track 

Replacement of rails and ties in the 
district 

Co Dresden railroad district. 
Replacement of rails and switches in 
the district 

Chermrits-Hilbersdorf-UiGderwiGsa lino , 
reconstruction of a second track 

Drosden«*Schoena line* reconstruction of 
second track 

Ghsmitz-5 choonau line, constriction 
of a second track 

Dresden# Technical School for Traffic 
ilaplaceinent of ties and rails in the 
district 

do Erfurt railroad districto 
Replacement of rails and switches in 
the district 

Construction of a connecting curve at 
Reinsdorf 

Replacement of ties and rails 
in the district 

©o Greifsnald railroad district,, 
Replacement of rails and switches 
in the district 

Templin-Prenzlau line* reconstruction 
improvemont of ‘.line 

Construction of a connecting curve? 
near Brits 

Construction of a connecting curve 
near koustrelitz 

Construction of a connecting curve 
near Eberswalde 


Replacement of rails and ties in. the 
district 


end of 19$2 

7SU 

31 Ibcember 1252 

3 1»SBU 

ft) 

31 December 1252 

h,2S0 

ft) 

end of 1252 

570 

end of 1252 

2*600 

1 October 1252 

9li0 

ft) 

21 December 1252 

8,000 

; (^) 

21 December 1252 

1,330 

ft) 

8,000 

31 December 1252 

end of 125>2 

1*870 

end of 1252 

1*600 

30 November 1 252 

700 

arid, of 1252 

1*800 

end. of 1252 

753 

31 December 1952 

7 , .600 

(5) 

21 December 1952 

■ 1,600 

(3) 

31 December 1952 

3,000 

(3) 

1 October 1952 

?- a hh9 

(3) 

end of 1952 

6 70 


5EGRST/f 
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f* Hallo railroad district* 

:^oent of rails and switches in 


the district 

«nd of 1952 

I. ,853 

Technical school attached to the 



railroad repair shop in Halle 

i'l De-conbor 1952 

l,o5o 

Replacement of rails and tics in 
the district 

end of 1952 

ii; 930 

go Kagdeburg railroad district* 

Replacement of rails and switches in 
the district 

end of 1952 

1,560 

Foundry Combine '/Jest* second construction* 



stage 

33. December 3,9.52 

3,15 2 

Replacement ox rails and ties in the 


<U) 

district 

nnrl of 19.52 

1,150 

ho Schwerin railroad district e 

Replacement of rails and switches in 
the district 

end of 195*2 

760 

^construct ion of the Dae t zou-S ctai an 


Ilia 

31 Dcconbor 1952 

1,901 

Replacement of rails and ties in 


(6) 

the district 

end of 1?52 

880 

His cellaneovis construction projects imdorts 

ken by Department VI? 


a.-. Berlin railroad iistricto 



7/usteroark railroad station * trans** 
loading shed 

1 October 1952 

600 

Kue&trln railroad station « transfer 
tracks 

20 December 1952 

2,913. 

Frankfurt/ Oder $ transfer tracks 

20 December 1952 

i‘) 

M 69 

Xac^enberg* connecting curve 

20 December’ 1952 

(7) 

3,300 

Brandenburg* connecting curve 

20 De center 1952 

(8) 

7 ,800 

Berlin Outer freight iling* connecting 


■8) 


curve near Irossbeeron 

20 December 1952 

.5000 

Treuenbriet 'aen^lJclzi g lino 9 reinforcement 


(2) 

oi the permanent way and elimination of 
curves 

20 December 1952 

10,650 

Frankfurt/oier railroad maintenance 


(2) 

shop 5 house of culture 

21 December 1952 

800 

Franicfort/Ofier.^ railroad technical school 

31 August 1952 

)v30 

tv. Cottbus railroad district* 
Laudihaintner-VJast 5 ' railroad station 
building 

) November 1 952 

355 

Guben— Frankf ■ ur t/ Oder second ira ck 

between Npueelle and Gutsn 

20 December 1952 

2 ,093 

•eottbus^ iEprovoraent of railroad station 

20 December 1952 

277 

Horka 5 connecting curve 

20 December 19,52 

700 

'Jckro^Beoskow lino, erossdng rjoints 

20 December 195? 

(9) 

5 ,900 
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c a Dresden railroad district o 
Alt Ontario connecting carve 
Htosa* enlargement of station 
faeiXiti C 3 jj first construction stage 
Goes mils ^ connecting curve 

do Erfurt railroad district head- 
quarters 

Gotha 5 switch depot and switch 
repair shop 

©■. OreifswaXd railroad district 
headquarters 

Reconstruction of the Idetaow-R'eravr- 
Bins railroad line 

dberswalde , fruisp 

f« Halle railroad district head- 
quarters 

Rerouting of the Gedsoltai railroad lino 

LSagdeburg railroad district 
headquarters 

Stendal, enlargement of trackage 
Ones ton-*Sanderolo!xn line 9 reconstruc- 
tion of a second track 


20 December 1952 1,1,50 

20 December ±952 1,3(30 

20 December 1952 1,220 


1 November 1952 757 


31 December 1952 2,100 

(5) 

21 December 1952 800 


1 August 1952 13,700 

( 10 ) 


30 DoptenVior 1952 100 

31 December 1952 1,570 


III® Track and bridge construction projects: 
Procurement of cranes for the laying of 
rails and reinforced concrete ties 
Execution of bridge construction 
projects as laid down in the 1952 
construction plane. Those bridges will 
be given priority which, in their 
present status, require a slowing down 
of rail traffic 

Fainting of bridges 

Improvement of facilities of the 

* 30 bile bridge construction shop (IN?) 


1 October 1952 


and of 1952 8 ,000 

( 11 ) 

31 October 1952 U 3 100 

30 JSeptamber 1952 326 
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On 27 Inarch 1952, the chief of department 71 of the Directorate General, Rail- 
roads, Berlin, was requested to report to Colonel Belenkov (fnu) of the SCO in 
laris hors t , \ I Bolen! :ov had ordered the Directorate General, 

Railroads, to have a passing siding (iOO meters long built in the shortest 
possible time at thq ilixriorf ' railroad station on the I^anl:fln''t/Oder^runcm-Cct-- ~ 
bus railroad line* She Borlin regional railroad headquarters has been ordered 1o 
draw up the pertinent plans and submit an estimate of cost* (13) 
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3r> I 1 work on 

the construction of the lYidilheido marshaling yard is proceeding at a 
moderate speed* (lA) Scheduled construction work at the Sod.lin railroad 
station had to be discontinued because of a lock of switches* Only one 
switch was installed in Larch* Construction work on tho connecting curve 
between harors and Duel! was expected to be started by inid^April* Surveying 
is done alone the projected course of the Loenenl ot g-Cfoerswalde- railroad 
line in order to bo able to start construction work on this line in 1953 o 
f he- staking off for a direct connection between the southern section of 
the Berlin Outer Freight ding and the bcrlin-Jueterbog trunk line was 
started in iaid«March^ (2) 

It? I I construction work on the Oder bridge in Kuestrin-Kieti 

ms proceeding slowly because of a lack of machinery* By early Febru sty# tie 
horizontal connection between the first and the second pier had been laid* 
V/elding and riveting work was performed prior to early Larch* Tiasonry work 
on the bridge over the flood area of the Oder River had to be discontinued 
because of adverse weather* Efcr 7 larch 1952* tho second track had been laic 
as far as the second pier of this bridge a Nine steel girders were observe^ 
a.t the southwestern end of the bridge* (3) 
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Berlin railroad district* 

The connecting curve near Eberswalde was scheduled to bo opened on 1 Ul y 
1952 o (3) Tho construction drawing for tho second track on tho Grossboc ren~ 
Jueterbog line and for the improvement of tho Trouenlrietsen-Delzig lit .0 
wore to bo submitted prior to 1 April 1952* (3) and (4) A construction 
plan for the ^uerstenberg/pdor railroad station 9 work on which is to b< 
started in 1953 9 was obtained* {15) 

CSroifswald railroad district* 

Construction projects to be executed in 1952 includes 

A crossing pount each at Klein lionaow, between Anklam and Zuesscror* and at 
Vmestenfelde,* 13 km before btrslsund, and two sidings at tho V/riezen 
railroad station,, (16) The i^onzlau-Tenplin railroad line will be. 
reconstructed in its previous form* Only approach facilities to the Fte'fcftpp 
law railroad station will be improved* (>) 


Cottbus regional railroad headquarters that the c evicts want the second tri ck 
cf the CJuben-FiueteiTjalde railroad line reconstructed as speedily as Dossil le„ 


The Directorate General , Railroads 9 Berlin, has given orders that overtime be 
worked in order to comply with the Soviet order* Qx) On 15 February* the 
Soviets ordered that a connecting loop lie tween the line to doarlitz and 'the 
Horka-l’alkenborfj line be constructed in Horka* The pertinent construction plans' 
were to be submitted by 15 Larch 1952* (9) 


7» I b work w as 

still being done at the crossing point in Iiarzsprung on 12 February* The rs ila 
required were available at the location* (17) The railroad curve near Brits 
was scheduled to be completed by 22 April* (3) 


a: chit/ 


25X1 


Approved For Release 2003/08/15 : CIA-RDP82-00457R01 31 00040001 -5 









Approved For Release 2003/08/15 : CIA-RDP82-00457R01 31 00040001 -5 


a* A total of 922 workers are employed on tho connecting curve near 

Lbor^alde© (3) 

,iighty~si% men are working one shift on the bridge ever the Oder 
kiver near Frankfart/Oder which is being orovidod with a second 
track* 

uuperstnictura of span I ? 80 percent eomloted 

Co - 51 " II ? 20 W 

" " III s 70 « 

w af IV * dismantling of the damaged parts has 

boon begun 

” * r X s 20 percent completed* 

Construction work on the bridge is hampered by a shortage of steel n (3) 

3ixty~sjb: non work in. one shift on the Oder diver bridge at Kuostrii 
which is being provided with a second track,, i bring i* "being done ii 
three- shifts & hhop work for the superstructure of span IV is 35 
percent, and assembly work is 60 percent completed* There are 
difficulties in the procurement of the steel* required* (^) 

25X1 



The type K h9 rails were replaced by lighter material of tyoe 6 and 
Va in 1951. The Va type rails laid on this line arc the lightest raster! i 
available,, The rails -were manufactured in 1892 and 1907 3 nd were Laid o i 
wooden ties which had boon in use 25 to 35 years 0 The roadbed of the lit 
consists of grade I ballast and is in good condition© Contrary to new n 
oi type Va, which have a depth of 130 m, the rails laid on this line hr 
a depth of only 123 nn and at the oalzviodel railroad station of only 
1.10 mn* * ho sides of the rail heads arc worn off up to 5 m* which cause 
cm ages in the. gauge of the tracks but the tracks are still within 
permissible limits fi Laximam socle pros sure possible on the line is 16 ton 
Ibxmmm ©peed between Schoonfold arid Brattnau/Packebusch is &0 Im oer hou 
ana on tae other sectors of the line do \cn t 


I — jSSSSSB^l 1 Annexes are numbered 3m, 2, and k as recei^ri -m, fl 

S^theV^erences e in thTtS. 1 * ***“ b ° k ** P the nuraberin S consistent 


I I bom msnts * 

(1/ THTs project will extend the cl oublo« ~tra ck sc 
■ Outer Frei rht . M ng toward the west,. I 


-section of 


"’dfcxi 
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i 
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m 

( 6 ) 


Th.-fflc- oro.locts Tie rs included in the 1952 investment piano 
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(?) 


( 8 ) 


(9/ 

( 10 ) 


The reconstruct] on of the single-track aietzow-bclraaan railroad line, which 
to® LTS for a ions tine is to improve railroad connections to. the 

Baltic Sea ports of ^ostock and larneunonde. vra^fWoder 

.nw- -iroieets ar .- to iiaorove transfer facilities at t»u mn&iurv/jux _ 
andlu^orin border crossing points which are of great importance for soviet 

construction of those connec ting curves was. transmitted 
previously o I I ' >oa '* n ‘ ox 

for sketch of tills connecting curve, see Annex 2* r 

•iVo Oeiseltal railroad lino connects harseburg and ,uerfurt. *he. come*, o* 
this line between Neumark-Hedra and Koetzschon is scheduled to be iraprovoc. 
‘fhe line runs through a heavily industrialised dis trict . , The ^uet zkoneorf 
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( 11 ) 

( 12 ) 

(13) 

Dn) 

/ 'V « -r 

\ jl;> 
( 16 ) 
(17) 


XfitS XJfiU * — « , , 

and KriMoa h^iroconniion plants arc located cncrco — ,. + . 

This oroject envisages the replacement of temporary hneges wmch conextion 
snecial speed limits by perman ent structures, 

I * * * || | 25X1 

The nro3oni reoert and reference supplonent and. overlap each ouicro ^ 
iSdS-% north of 5runon« The completion of this new crossing po nr, would 
£Sea'so“the carrying capacity of this single-track mate railroaa line, 

1 - - - t.n the SCO Tr ansport division. 


foundry G 


Soloael Belenkov (ftiu) is assign 

for last report on this project, i i ^ ^ 

Tiiis project is designed to improve trafiic facilities oi 
‘ hast near fueratenberr/Odor, For sketch . sea /naex lie _ _ 

The execution of this project would increase the carrying capacity, oi tne 
Stralound-Pasewalk railroad line whose second track lias be -n dismantled, 
Herzsprun;; is on the \ngermuendc-Berlin railroad line. 
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C$zm&c'iin(z Cur*ra .aem dcrka 



\ 

\\ 

\\ 

\ 

fc- boe^^rz 


Legends . 

Formerly double-tracked « one 7, rack dismantled 

~“4 1* 1 *— Single-track ^ 

— — — - Planned, connecting curve 


vSF/JRgc 
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..■t— ~ t Douile-traok line 


Single--- track line 

Tracks scheduled’ for construction 


1 

Pr ©sent 

passenger 

station 

2 

Present 

freight station 

$ 

pi 

transfer \ 

>ol nt 

4 

Pianned 

passenger 

si, a t ion 

j 

PI anned 

freight 

nation 

6 

PI armed 

rtTouili.r; 

of road 
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